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BILL NO. S-75-06-/oZ>. 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving Change Order No. 1 
in connection with Resolution 5648-1974 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Carrington & Associates, Inc. 
in connection with Sidewalk and Curb Repair Contract "E" of Resolution 5648-1974 
in the amount of $5,003.25, as set out in the specifications is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. 

^ -— L-/C-v i/V 

Councilman 


{f/uo 



m pom 










Read the first time in full and on motion by , seconded by 

and duly adopted, read the second time by title and referred 
to the Committee on _ (and the City PTan 

Coimissi-efl-f e ^ rcoeff m errdcrtrlon) and" Public Hearing to be he'lcl~dfter due--^-eaa1 notice, 
at the< effnrTcTT1!n^ ^ Fe-rt Wayne; fritfrargr 

tfeG _ 

Date: _, tp^__ 

CITY CL 

Read the third time in full and on motion by_ 
seconded by , and duly adopted, placed on its passage. 



Passed fi§§t) by the following vote: 

AYES NAYS, ABSTAINED 
TOTAL VOTES $ 


BURNS 

HINGA 

KRAUS 

MOSES 

NUCKOLS 


D 


MDotIN I 

un 



Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (2o7n7rcrMap}^tSen^ n) (Special) (ApprQpriati&n--) Ordinance 

d n the d ay of > 197 ^ 



Approved and signed by me this 
at the hour of //.■j _ o'clock 













































































iili No. S-75-06-12 

REPORT' OF THE COMMITTEE ON PUBLIC WORKS 
your Committee on Puolic Works ______ to whom was referred an Ordinance 

approving Change Order No. 1 in connection with Evolution 5648-1Q74.. 


have had said Ordinance under consideration and beg leave to report back to the Cameo a 
Council that said Ordinance __ PASS, / 



Winfield C. Moses, Jr. - Chairman 



Eugene Kraus, Jr. - Vice-Chairman 



John Nuchols 

4 _h-. 


William T. Kinga 

Iddl LCiw 1 


Donald J. Schmidt 

. 


, , ^ CONCURRED IN 

DA IUAjII —CHARLES VV. WESTERMAN, CITY CLERK 































Memorandum 

To Board of Public Works, Attn.; Edna fegilth D ate June 2, 1975 

From Kenneth N. Traylor,' Street Engineer... ■ . - : .j . 

Subject Attached Change Order -jc -Contract 11 ':: 11 ■ Res* Nq. 5646-1974 _ 

The attached Change Order #1 for C 9 htrace. "E”, Res. ?4©« 5648-74 in 
the amount of $5,003.25 is for your review and signatures* 

Please return two copies to this department for distribution. 















C 2 -f/o „ 


7 

CHANGE ORDER 

Change Order No. _1__ Resolution No. 5648-1974 

Project No. Contract "E" Board Order No. 24-74 

Name of Projec t Curb and Sidewalk Project __ Dat e May 12. 1975 

To: Carrington £ Associates, Inc. __ ' 

(Contractor) 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

953 Lin.Fi 

. Curb Removal 

1.75 


1,667.75 

2 

953 Lin.Fi 

. New 6 " Capped Curb 

3.50 


3,335.50 



















Total Decrease 

Total Increase 

Net (Increase) Contract Price 




5,003.25 




The sum of $ 5,003.25 __ is hereby (added to) (the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 34 , 900,9 0 

Current Contract Price. Adjusted by Previous Change Order $_ 

New Contract Price Including This Change Order $ 39 „ 994„15 


The time provided for completion in the contract for this project is (unchanged) (iKdK^Kacl) 

(decreased) by _0_ calendar days due to this Change Order. The date for completion 

of ail work shall be Summer - 1975 _. Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

. . . Oy ....// ?/ / . . .. ■ . / / / " 

a /pt.-Ay a 


Approved by: 


Attested by: 


: ../T7. . f rl 

j >■-(?:,/( (Contractor) 

: 

(City Engineer) 


(Owner) 

i * y 

n*»o 

. 

(Clerk) 




/Wl9 


6 / 7 / 4 ? 

7 T ~~ 














































Change Order No._X. 


Resolution, No. 5648-1974 
' Board Order No. 24-1974 

REQUEST AND JUSTIFICATION FOR CHANGE - 


1. Necessity for change; Request from the Board of Public Works to extend curb 
removal and replacement on Wildwood Avenue 


2. .Will proposed change alter size of the project? Ye s X N o 

If yes, explain 

A greater amount of curb will be removed and replaced. Size of the project 

will stay within same boundaries but more money will be involved. 

3. Affect on operation and maintenance cost of this project: 

Tho operation wil l stay the same but will involve the expansion of the overall 

work on Wildwood Avenue. The projected cost will be $5,003.25. 




























DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance # 3764 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Change Order #1 of Carrington S Associates, Inc, in amount 
of $5,003.25 is necessitated because the area of curb and sidewalk repair designated 

in original contract was expanded/ . 


"See Attached" 


EFFECT OF PASSAGE Allows for more repairs on Wildwood Avenue 


EtFECT OF NON-PASSAGE Some areas on Wildwood deleted. 


1 


- Zi~~&LzjL2j 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $5,003.25 additional cost on 
Contract "E" of Resolution 5648-1974 approved by Special Ordinance S-191-T-74 


ASSIGNED TO COMMITTEE 
































